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BILL NO. $-96-08 ~ — œ= 


G 
SPECIAL ORDINANCE NO. S- É Ź i 


AN ORDINANCE approving the awarding of 1.T.B. #7317 - 
TELEVISING APPROXIMATELY 200,000 LF OF LARGE 


DIAMETER SEWER PIPE by the City of Fort Wayne, 
Indiana, by and through its Department of Purchasing and 
HASELRIG CONSTRUCTION for the Water Pollution 
Control Maintenance Department. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL OF THE 


CITY OF FORT WAYNE, INDIANA; 


SECTION 1. That I.T.B. #7317 - TELEVISING APPROXIMATELY 200,000 LF OF 


LARGE DIAMETER SEWER PIPE between the City of Fort Wayne, by and through its 


Department of Purchasing and HASELRIG CONSTRUCTION for the City of Fort Wayne 


Water Pollution Control Maintenance Department, respectfully for: 


involving a total 


the televising of 200,000 If of 37” and larger sewer pipe for 
the Water Pollution Control Maintenance Department; 


cost of ONE HUNDRED SEVENTY-SEVEN THOUSAND FIVE HUNDRED 


AND no/100 Dollars ($177,500.00), all as more particularly set forth in said 1.T.B. #7317 which 


is on file in the 


Office of the Department of Purchasing, and is by reference incorporated 


herein, made a part hereof, and is hereby in all things ratified, confirmed and approved. 


SECTION 2. That this Ordinance shall be in full force and effect from and after its 


passage and any and all necessary approval by the Mayor. 


APPROVED AS 
AND LEGALITY 


Dr EE 





Council Member 


TO FORM 


ABE os 
J. Timothy Mc y, City Attor 


The City of Fort Wayne 


City Utilities 





August 22, 1996 
Dear Council Members: 


An Administrative Order issued by the U.S. Environmental Protection Agency (EPA) to the City requiring 
the development of a Combined Sewer System Operational Plan (CSSOP). The Administrative Order lists 
several minimum controls including “Proper operation and regular maintenance programs for the sewer 
system...” and “Maximum use of the collection system for storage”. 


City Utilities has developed a proactive maintenance program driven by the inspection of sewer lines. 
Schedules for line repairs, cleaning, root removal, and grease removal are prompted by proactive 
inspections, such as televising and “proofing”. In the CSSOP, the City committed to a schedule of sewer 
line evaluation. The commitment for 1996 includes televising of 200,000’ of large diameter (37’+) 
combined sewer pipe. This project exceeds Water Pollution Control Maintenance’s resources for 1996. 


If this bid is approved, Hasselrig Construction Company will provide all materials, equipment, and services 
to inspect the designated pipelines. Hasselrig will furnish all labor, materials, accessories, equipment, 
tools, transportation, services and technical competence for performing all operations required to 
professionally execute the internal inspection of sewers in strict accordance with the specification and 
applicable drawings, and subject to the terms and conditions of the contract. Hasselrig has the capabilities 
and experience to complete this project. 


Thank you, 
LUA Eby 


Mark R. Essex 
CSO Program Manager 


One Main Street Fort Wayne, Indiana 46802-1804 
An Equal Opportunity Employer © ETD on 


DIGEST SHEET 


TITLE OF ORDINANCE: Special 

DEPARTMENT REQUESTING ORDINANCE: Purchasing 

SYNOPSIS OF ORDINANCE: An ordinance approving the award of I.T.B. 
Ne. /81/ for the, televisang of 200,00 18 or 3/" and larger sewer 


pipe for the Water Pollution Control Maintenance Department. 


IF NOT LOWEST, WHO WAS AND WHY WERE THEY NOT AWARDED: 


EFFECT OF PASSAGE: The City has committed to televise 200,000 1f 
of large diameter (37"1) combined sewer pipe in 1996. This 
commitment is included in the City’s Combined Sewer System 
Operational Plan (CSSOP) submitted to U.S. EPA and IDEM, The 


contractor will provide all materials, equipment, and services to 
inspect the designated pipelines. 


IF REPLACEMENT, WHAT NECESSITATES: 


EFFECT OF NON-PASSAGE: Failure to approve this purchase will put 
the City in violation of commitments made to EPA and IDEM end put 
the City inm Jeopardy of fines: The data collected from this 


service is essential to implementation of proactive inspections, 
repairs, and replacements of the City’s sewer system. 


MONIES INVOLVED: Haselrig Construction S177 900500 
PRICE AGREEMENT: PURCHASE ORDER: Yes 

SOURCE OF FUNDING: WPC Maintenance 514-532-M712-4364 
PRIOR APPROVAL: DATE: 


(IF APPLICABLE) 


REF. NO.: 

DEPT: 

DATE: 
ITEM/SERVICE: 
ADVERTISED BID: 
DATES ADVERTISED: 
DATE OPENED: 
SINGLE SOURCE: 


NO. OF VENDORS NOTIFIED: 


NO. OF VENDORS RECEIVING BID: 


NO. OF VENDORS RETURNING BID: 


NO. OF VENDORS DISQUALIFIED: 


DATE SENT TO DEPT FOR RECOMM: 


DATE RECOMM RECEIVED BACK: 


DATE SENT TO LAW DEPT: 


INTRODUCTION DATE: 


DISCUSSION DATE: 


PASSAGE DATE: 


7317 

WPCM 

08/23/96 
TELEVISING SEWER PIPE 
YES 

7/22/96 & 7/29/96 
8/8/96 

NO 

9 

7 

3 

0 

8/9/96 

8/23/96 

8/23/96 

8/27/96 

9/3/96 


9/10/96 





Read the first time in full and on motion by . 
and duly adopted; gead tl time by title and réferred to the 
Committee on (and the CitysPlan Commission 
E atier due legal notice, at 


for recommendation 
the Common Council Council Conference Room 128, City-County Building, Fort 
„ the day ‚of, 







Wayne,, Indiana, on 














_—_____ M.,E.S.T. 
DATED: f “od 22a 
SANDRA E. KENNEDY, CITY CLERK si 
Read the third time in full anion motion by A EE A a 


and duly adopted, placed on its passage. PASSED 
by the following vote: 
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SANDRA E. KENNEDY, CITY CLERK 





Passed and adopted by the Common Council of the City of Fort Wayne, 
Indiana, as (ANNEX 


APPROPRIATION)  —— (GENERA s 
(SPECIAL) tZONENG) ORDINANCE <RESOLUTION NO. _ = SE a 


on the ZI of ER 20 ) , 19 FE 


a „asza A 


Dag ey 
SANDRA E. KENNEDY, CITY CLERK RESIDING OFFICER 









Presented by 2 the Mayor Ge the ity of Fort AD Indiana, on 


the 22 502% —_day of Ga. foo y= i ŻE, 
at the hour of ROZ E 2 : R.S.. j 
A PZ EWR 





Approved and signed by me this REN E n of U hes 


19 e „ at the hour of O'9 T:oo o' cloc a E.S.T. 
AAR 


Daum. T oe) MAYOR 


BILL NO. S-96-08-22 


REPORT OF THE COMMITTEE ON 
CITY UTILITIES 
ARCHIE L. LUNSEY - DEDE A. HALL - CO-CHAIR 
ALL COUNCIL MEMBERS 


WE, YOUR COMMITTEE ON CITY UTILITIES TO WHOM WAS 
REFERRED AN (ORDINANCE) (REXOXXXXON) approving the awarding 


of 1.T.B. #7317 - TELEVISING APPROXIMATELY 200,000 LF OF LARGE DIAMETER SEWER 
PIPE by the City of Fort Wayne, Indiana, by and through its Department 

of Purchasing and HASELRIG CONSTRUCTION for the Water Pollution Control 
Maintenance Department 











HAVE HAD SAID (ORDINANCE) (RESORVXOON) UNDER CONSIDERATION 
AND BEG LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID 
(ORDINANCE) (REA WANA X 


yf = DO NOT PASS ABSTAIN NO_REC 
K RE S rn ee O e E E E 


Ag a 
ptd Ce 
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pee ; AM 


ROB a 
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Sandra E. Kennedy 
Cay Clerk 


